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ing grounds shall be cleared of all rubbish caused by construction, all sheds, etc., and left in a neat and presentable condition.                                                                  M. L. H.
100.    Removal of Condemned Material.   Whenever any material which has been brought upon the ground by the contractor has been inspected and rejected by the engineer, or his assistants, it should at once be removed from the line of the work, in order to prevent its use when the engineer or his inspectors are not present.    To further insure against the use of   condemned   material   by  the   contractor,   it   is   sometimes specified that all such material shall be stored by the contractor in a specified place, where it shall be kept under lock and key, and under the control of the engineer only.    In case the contractor declines to remove such material from the line of the work, or declines to take out any defective work, there should be a provision authorizing the engineer to do this at the contractor's expense.    The following clause may be used:
Defective work and material may be condemned by the engineer at any time before the final acceptance of the work, and when such work has been condemned it shall be immediately taken down by the contractor, and rebuilt in accordance with the plans and specifications. When defective material has been conclemned, it shall be at once removed from the line of the work, and stored as directed by the engineer, or other-WIKC disposed of to his satisfaction. In case the contractor shall neglect or refuse to remove or replace any rejected work or material after a written notice, within the time designated by the engineer, such work or material shall be removed or replaced by the engineer at the contractor's expense.
M. L. H.
101.   Relations to Other Contractors. Where more
than one contractor is expected to be engaged simultaneously upon the same work, it is well to insert a clause in the specifications defining the obligation of each of these contractors to
the others in certain particulars an follows:
The contractor is required so far as possible to so arrange his work and to so dispose of his materials as will not interfere with the work or storage of materials of other contractors
S